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ORIGIN FBO-01 

INFO OCT-01 ARA-10 ADP-00 L-03 /015 R 

DRAFTED BY A/FBO:JHHOLMES:AG 
7/10/73 EXT 70595 

APPROVED BY A/FBO:EJWARLOW 

045781 

P 102212Z JUL 73 

FM SECSTATE WASHDC 

TO AMEMBASSY BUENOS AIRES PRIORITY 

UNCLAS STATE 134752 

E.O. 11652: N/A 
TAGS: ABLD 

SUBJECT: PROJECT EOBBA, PROPERTY 05102 

PASS TO SITRA, ATTENTION MR. GREGORIO CHODOS, PRESIDENT 

1. REFERENCE YOUR TELEGRAM JULY 3. 

2. AGREEMENT SIGNED ON JUNE 22, 1973 A BASIC DOCUMENT 
INCORPORATING SEVERAL UNDERSTANDINGS OF THE PARTIES. THE 
AGREEMENT WAS EXPLICIT AS "IN PRINCIPLE" DELETED FROM 
ORIGINAL DRAFT BY MUTUAL CONSENT OF PARTIES. 

3. CONVERTING AGREEMENT TO CHANGE ORDERS A FORMALITY ONLY. 
INTENT OF "WITHIN A PERIOD OF 10 DAYS" BELIEVED TO SERVE 

A GUIDELINE FOR GOVERNMENT'S EXPEDITIOUS ACTION AND NOT, 

BY BEING SLIGHTLY EXCEEDED, AFFECT MATERIALLY THE ABILITY 
OF SITRA TO MEET THE TERMS OF THE AGREEMENT. 

4. REGRETFULLY INFORMATION PASSED TO YOU THROUGH MR. GRAND 
THAT CHANGE ORDERS LEFT HERE ON JUNE 28 WAS IN ERROR AND 
WRONG INFORMATION GIVEN TO MR. WARLOW ET AL. CHANGE ORDERS 
DUE FOR TRANSMISSION TO EMBASSY VIA AIR POUCH LEAVING HERE 
TOMORROW JULY 11. SCHEDULED FOR ARRIVAL EMBASSY JULY 13. 
MESSRS. GINGLES AND MORI REQUESTED TO INFORM YOU SOON AS 
RECEIVED. REGRET DELAY IN TRANSMISSION. 

UNCLASSIFIED 

UNCLASSIFIED 
PAGE 02 STATE 134752 


Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


5. MEANTIME WE CONSIDER AGREEMENT VALID BY SIMPLE WAIVER 
OF "WITHIN A PERIOD OF 10 DAYS" AND EMPHASIZE OUR CONVIC- 
TION ANY ACTION REQUIRED OF SITRA UNDER TERMS OF AGREEMENT 
COULD BE TAKEN UPON SIGNING OF AGREEMENT AND NOT WAITING 
ON FORMALIZATION OF AGREEMENT INTO CHANGE ORDERS. ROGERS 
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